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Town of Arlington, Massachusetts 
730 Massachusetts Ave., Arlington, MA 02476 
Phone: 781-316-3000 

webmaster@town.arlington.ma. us 


Building Committee Minutes 12/06/2011 


TOWN OF ARLINGTON 
MINUTES 

COMMITTEE MEETING 
PERMANENT TOWN BUILDING COMMITTEE 
Tuesday, December 6, 2011 


PRESENT: John Cole, Robert Jefferson, Adam Chapdelaine, Mark Miano, Suzanne Robinson 


ABSENT: Jeff Thielman, Michael Boujoulian, Bill Shea 
Guest: Diane Johnson - Schools 


Meeting was called to order at 7:30PM. 

Stratton School 

Approved change order #6 in the amount of $38,968.00 to furnish and install exterior window trim on 106 
windows. 

Approved Turowski 2 invoice #17 for $10,174.15 for construction and administration. 


Central and Highland Stations 

Highland approved Castagna #14 
Central approved Castagna #14 


$149,374.78 

$36,377.00, withheld $5,000 retainage for masonry 


Adjourned at 8:45 PM 


Respectfully submitted, 


John Cole 


http://www.arlingtonma.gov/Public Documents/ArlingtonMA BldgComm/201 l/I0186ECD2?textPage=l 
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